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OFFICE  OF  MANAGEMENT  AND 
BUDGET 

Budget  Deferrals 

To  the  Congress  of  the  United  States: 

In  accordance  with  the  Impoundment 
Control  Act  of  1974, 1  herewith  report 
four  new  deferals  of  budget  authority 
totalling  $2,770.8  million  and  three 
revisions  to  previously  transmitted 
deferrals  increasing  the  amount  deferred 
by  $846.2  million. 

The  new  deferrals  involve  programs 
related  to  International  Security 
Assistance,  Department  of  Defense 
military  construction  programs,  and  the 
Tennessee  Valley  Authority. 

The  revisions  to  existing  deferrals 
involve  programs  in  the  Departments  of 
Defense,  Transportation,  and  the 
Treasury, 

The  details  of  the  deferrals  are 
contained  in  the  attached  reports. 


THE  WHITE  HOUSE, 
December  2, 1980. 

BILLING  CODE  311IM>1-M 


DEFERRAL  OF  Bt'DCET  AUTHORITY  DEFERRAL  OF  BUDGET  AUTHORITY 

Report  Purtuani  to  Seciioo  lOlJ  of  P.L.  9<-54-»  Report  Pursuant  to  Section  1013  of  P.L.  93-, 


I 


DEFERRAL  OF  blDCET  AUTHORITY 


80786 


Federal  Register  /  Vol.  45,  No.  236  /  Friday,  December  5. 1980  /  Notices 


Federal  Register  /  Vol.  45,  No.  236  /  Friday,  December  5, 1980  /  Notices 


Completion  of  the  project  is 
dependent  upon  issuance  by  the  Corps 
of  Engineers  of  a  petmit  under  Section 
404  of  the  Clean  Water  Act  for 
placement  of  fill  material.  The 
Environmental  Protection  Agency  (EPA) 
has  requested  that  the  Corps  delay 
issuing  the  permit  pending  the  outcome 
of  an  administrative  appeal  tp  EPA  by 
opponents  of  the  project.  The  Corps 
agreed  to  this  request  and  has  not  yet 
issued  the  permit. 

As  a  result  of  these  impediments, 
work  on  the  project  must  now  be 
confined  to  implementation  of  the 
conservation  program,  and 
archaeological,  historical,  cultural  and 
water  quality  studies.  Upon  completion 
of  the  water  quality  studies,  engineering 
design  modifications  to  the  Columbia 
Dam  discharge  structure  may  begin. 
Based  upon  recent  estimates,  $2,200,000 
is  needed  to  conduct  these  activities  in 
FY  1981  and  the  remaining  $15,800,000  is 
deferred  pending  resolution  of  the  legal 
and  environmental  matters. 

Estimated  Effect:  The  construction  of 
various  portions  of  the  Columbia  Dam 
will  be  delayed  pending  resolution  of 
the  legal  and  environmental  problems. 

Outlay  Effect:  This  deferral,  by  itself, 
has  no  outlay  effect.  However,  the  legal 
matters  delaying  this  project,  which 
have  brought  about  the  deferral,  have 
the  effect  of  postponing  use  of  the 
deferred  funds  until  those  matters  are 
resolved. 
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